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ENGINEERING REPORT 


Contract No. C01 93 


A. DESCRIPTION OF WORK: 

The work to he performed under this contract consists of 
constructing erosion control measures on Calabazas Creek from 
Bollinger Road to approximately 200 feet northerly of said road 
in the cities of Cupertino and San Jose. 

Differential settlement of the footings of the wing walls at the 
downstream end of the Bollinger Road Bridge was investigated to 
determine if remedial work was required. 

The proposed work was located in the County of Santa Clara and 
the Cities of Cupertino and San Jose, California, all within the 
North Central Flood Control Zone of the Santa Clara Valley Water 
District. 

B. CHRONOLOGICAL SEQUENCE OF WORK: 

Bid Opening: August 3> 1983 
Contract Award: August 9» 1983 
Calendar Days Specified: 60 
First Working Day: September 19» 1983 
Contractor Activity: September 19, 1983 
Final Inspection: January 4, 1984 

Notice of Completion and Acceptance: March 13, 1984 

C. COUNTY PERSONNEL ASSIGNED TO THE PROJECT: 

• L. T. Sullivan - Unit Head 

Harold M. Johnson - Project Inspector 

Lawrence Maggi -Project Inspector 

Abdol Esmaili - Assistant Project Inspector 

D. CONSTRUCTION DETAILS: 


After clearing and grubbing had been completed, the contractor 
furnished a proposal for remedial work on the existing wing walls 
on September 22, 1983, as required by the Plans and Specifi¬ 
cations. During excavation for the proposed remedial work, it 
was discovered that the footings for the wing walls were adequate 
and after observation by the engineer from the Santa Clara Valley 
Water District, that the existing footing would be adequate. The 
footings of both wing walls were exposed a portion at a time and 
backfilled to ensure that the footing was equal under both wing 
walls. 
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D. CONSTRUCTION DETAILS: (continued) 

The contractor elected to use a different construction process 
for placing embankment fill and sacked concrete slope protection 
due to expected weather problems. The footings for the sacked 
concrete and the first courses of sacks were placed, then embank¬ 
ment fill built behind the sacks. Problems with compaction 
equipment large enough to adequately compact the fill, but small 
enough to operate in the restricted area, were encountered in the 
first week of November. The contractor responded quickly and 
solved the problem with rental equipment which was effective for 
the remainder of the job. Supervision problems were encountered 
for the first week in November due to a large crew (approximately 
20 people) active on three major items of work daily. The 
contractor again responded immediately with extra supervision in 
critical areas where needed. 


E. CONSTRUCTION MATERIALS SOURCE: 

Item #4 Embankment Fill 

Item #5 Sacked Concrete 

Slope Protection 

Concrete 

Permeable Material 

Item #6 1/2 Ton Rock 

Channel Protection 

Item #9 Storm Sewer 

42" C.M.P. 


Pre-Cast Manhole 


F. CONSTRUCTION PHOTOGRAPHS: 


Lexington Quarry 
Alma Bridge Rd. 
Los Gatos, CA 


C.A.P. Concrete 
San Jose, CA 

Lone Star Aggregates 
Pleasanton, CA 

Syar Industries, Inc. 
Lake Herman 
Vallejo, CA 


Armco 

Lafayette, CA 

Hanson Concrete Prod. 
One Hanson G 
Milpitas, CA 


Construction photographs were taken of this project, logged and 
given to H. Passanisi of the Santa Clara Valley Water District. 
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G. CONTRACTOR *S PERFORMANCE; 

1. Johnson Western Gunite Co. 

739 Douglas Avenue 
Oakland,, CA 94605 

2. Progress: 

Contract overruns were authorized by H. Passanisi, District 
Project Inspector. 

Item #5, Sacked Concrete Slope Protection, overrun by 59«0 
square yards @ $83.00 per square yard. $4,897.00. 

Due to abnormal abundance of rainfall, increased items of 
work and coordination with two City of Cupertino adjacent 
projects, an extension of twenty-nine (29) Calendar Days was 
recommended and no Liquidated Damages were charged. 

3- Financial Ability: 

There was no evidence of any financial difficulty. 

4. Equipment: 

Most of the equipment on this project was leased or rented. 

5. Experience: 

The foreman and workmen seemed to have no experience with 
this type of work but were knowledgeable of construction 
procedures in general and did an excellent job. 

6. Efficiency of Organization Personnel: 

Lawrence J. Totten - Vice President 

Scott Hamilton - Estimator 

Lawrence Douglas - General Superintendent 

Art Munguia - Foreman 

Keith Rosenstraugh - Foreman 

Though experience was needed by both foremen, they were 
cooperative and had a good attitude toward the project. 

H. QUALITY OF WORK: 


The quality and appearance of the contractor's work was 
satisfactory. 
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I. CONTRACTOR'S CLAIMS: 

To my knowledge, there were no claims. 

J. DATA INCLUDED IN THIS PROJECT: 


Notice to Proceed 
Material Compilation Form 
Notice of Inspection 

Final Change Order with Board Transmittal 

Notice of Completion of Contract and Acceptance of Work 

Final Payment 


August 29, 1983 


Santa Clara vL^y Woter District 


5750 ALMADEN EXPRESSWAY 
SAN JOSE, CALIFORNIA 95118 
TELEPHONE (408) 265-2600 



Mr. L. J. Totten, Vice President 
Johnson Western Gunite Company 
739 Douglas Avenue 
Oakland, CA 94603 

Dear Mr. Totten: 

In accordance with the terms of the contract documents, this will constitute your Notice 
to Proceed with the Work for the Construction of Calabazas Creek Between Bollinger 
Road and 200 feet Downstream. 


You are hereby notified that all work required under this contract is to be completed 
before the expiration of 60 consecutive calendar days. The first calendar day chargeable 
to this project will be 19 September 1983 and, therefore, your contract completion date 
is 17 November 1983. 

Before actual field work can commence, you must comply with several prerequisites of 
the specifications regarding Accident Prevention, Article 6.11; Superintendence, Article 
9.06; and Schedule of Work, Article 13.03. The contract provides for the assessment of 
liquidated damages as set forth in Articles 7.07 and 13.04 of the specifications. 

The inspection services for this project are to be performed by the Santa Clara County 
Transporation Agency. Mr. J. D. Maniaci, Chief Construction Operations, will administer 
the contract. All correspondence and inquires concerning the project shall be addressed 
to him at 1555 Berger Drive, San Jose, California 95112. The phone number is 299-2591. 

You are requested to meet with Mr. Maniaci as soon as possible to discuss the sequence 
of work. 

Sincerely yours, 

ORIGINAL SIGNED BY. 

Robert R. Smith 
Flood Control Manager 

cc: f Mr. J. D. Man iaci 

Transportation Agency 
County of Santa Clara 


AN AFFIRMATIVE ACTION EMPLOYER 
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M 0® IL it AT ION 

No comment 


T3,50a.0l3 LS 


13,500.0 


100.0 


0.0 


REM AR KS*» - 
CLEARING * 

qem~aTks**- 


GRU8BIN G 
No.-comment. 






.00 LS 


8,000.00 


100.0 


0.0 


CONTROL OF 


WATER 


4,800.00 LS 


4,80 0.00 


100.0 


0.0 


no comment 




m: 




EMBANKMENT 


aofuoo' c V 


REMARKS** 

<* CHANNEL 

OPM 4 RKS **-- 

r < SACKED CONC. SLOPE PROTECT ^ 760.00 SY 

^ Increase of quantity by Wel | >r O ig. tr lct engineer 


718.04 


S’ 3 .7 


10.3 


819.00 


107.7 


0.0 


REMARKS 


f ROCK CHANNEL 
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TUANS PORT ATI. ON AGENCY 
CONSTRUCTION OPERATI^ 
TRANSPORTATION DEVELOPMENT 

NOTICE OF INSPECTION 


Contract Number: 
Project Name: 


Federal Number 
ZkZJLJ 


4 /?& the _£5._ (calendar/ wetHrang ) day of this 

Prtoject,i/made an Inspection required per section number 
of .the specifications. 

This Inspectibn is a: (check only one) 


A. FINAL INSPECTION * 

A.l Amount of Retention 

("none", if applicable) /\Aa>AA^ /-ZA/-&*A 



^/\ B. RE-INSPECTION 

J B.l Number of this Inspection £>, / 

B.2 Amount of Retention __ 

("non", if total amount released) 

I declare that the work is fully complete and the provisions of this con 
tract have been fully performed in all respects except as listed below: 


ITEMS TO BE CORRECTED OR REPLACED 


ESTIMATED VALUE 




~Jl- AAA 0 


TOTAL RETENTION 

1. LSSC TECHNICIAN 

2. LSSC SUPERVISOR 

3. PROJECT INSPECTOR 

4. unit head 

5. CONTRACT COMPLIANCE 
¥ 6. CONST. ADMINISTRATOR 

7. QUANTITY CONTROL FOR 
FILING 


hi mm 







Sonia Cloro Volley Water Dislrkl 


CONTRACT/ ANGE ORDER NO. 1-FINAL 


CONTRACT NO. C0193 

# ' 

Calabazas Creek Erosion Control Measures 
Project from Bollinger Road to 200 Feet Downstream Sheet 1 0 f 1 


Sheets 


Original Contract Amount $137,100.00 


Current Contract Amount $137,100.00 


To Johnson Western Gunite Co., 739 Douglas Avenue, Oakland, Calif. 94603 


Contractor 


You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not effective 
until approved by the District Board of Directors. 

Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at contract 
price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such time as equip¬ 
ment is actually used and no allowance will be made for idle time. 

Change requested by SANTA CLARA VALLEY WATER DISTRICT 


DECREASE IN CONTRACT ITEMS OF WORK: 


Item 4 Channel Embankment 

6 Rock Channel Protection 
8 Concrete 


81.96 CY @ $ 29.00 $2,376.84 

1.00 CY @ 77.00 77.00 

30.00 CY @ 180.00 5,400.00 


INCREASE IN CONTRACT ITEMS OF WORK: 


TOTAL DECREASE $7,853.84 


Item 5 Sacked Concrete 

Slope Protection 


59.00 SY 


$ 83.00 $4,897.00 


SUB-TOTAL 


$4,897.00 


Additional Item of Work: 

Item A R.C.P. tie into existing 
manhole 


Lump Sum @ Lump Sum 


674.39 


TOTAL INCREASE $5,571.39 


Net Estimated Change in Costs Decrease $ 2,282.45 


or Increase $ 


By reason of this order the time of The Contract Time will be extended by the 
completion will be adjusted as follows: addition of 29 Calendar Days. 


Submitted 


Appi^ved 


Approval 

Recommended’ 




*Pf oJ€ct Engineer or Coordinator 

{uJJJh£L —— 'M 12 

General Manager D 


oob\Controj Mapager/water Supply Manager 


apag*r/w« 

Cu 


vt H/iq 


Chairman/Board of Directors 


We, the undersigned contractor, have given careful consideration to the change proposed and hereby agree, if this proposal 
is approved, that we will provide all equipment, furnish all materials, except as may otherwise be noted above, and perform 
all services necessary for the work above specified, and will accept as full payment therefor the prices shown above. 


Accepted, Date 


Contractor 


£rfrr7/ 


FC 20 7 (01-02-81 ) 




( 


( 

Sgnta Clora Valley Water District 

5750 Almaden Expressway 
San Jose, California 95118 

Telephone (408) 265*2600 


NOTICE OF COMPLETION OF CONTRACT 
AND ACCEPTANCE OF WORK 

FC 68 (06-21-77) 



NOTICE IS HEREBY GIVEN by order of the Board of Directors of Santa Clara Valley Water 
District, State of California, pursuant to law, that work to be performed under the contract heretofore 

made and executed by and between Santa Clara Valley Water District, as Owner therein, and_ 

_ JOHNSON WESTERN GUNITE COMPANY _ 

as Contractor therein, bearing the date _ August 9, 19S3 _for the construction of Cal abacas. 

Creek Erosion Control Me asure s from Bollinger Road to 20 0 Feet ..Downstream_(.CQ19.3) 

% and appurtenantjacilities upon lands of said District known as _ _____ 

Calabazas Creek Right of Way __ 

situated in thedCounty of Santa Clara, State of California, was completed as called for and in the 
manner designed by the plans and specifications, by the said Contractor, and the said work was 
accepted by the said District Board of Directors on behalf of said District on March 13, 1984 _. 

K 7 (Date) 

That upon said contract. United Pacific Insurance (Bond #11-49-17-97) _ 

was surety on the bond given by said_ Johnson Western Gunite Company _ 

_the said Contractor, as required by law; 

rs That the title of said District to the real property upon which said work and contract was 
performed is that of Right of Way ___and; 

That the Address of said District is 5750 Almaden Expressway, San Jose, California 95118. 

m * IN WITNESS WHEREOF, pursuant to the order of the Board of Directors made and given on 

March 13 > 1984 _authorizing and directing the execution of this instrument, the said District 

has caus48 a ^we presents to be’executed in its name authenticated by the signature of the Clerk of 
the said Boatel’of Directors on_ March 13, 1984 _. 

^ (Date) 

SUdAii A. LhjjiiA.U 
Clerk/Board of Directors 
Santa Clara Valley Water District 

I, the undersigned, say that I am Clerk.. of the Board of Directors of Santa Clara Valley 

Water District; that I make this declaration on its behalf; that said District is the owner of the property 
described in the foregoing Notice; that declarant has read the foregoing Notice and knows the contents 
thereof, and the same is true of my own knowledge. 

I declare under penalty of perjury that the foregoing is tg^and correct. 

Executed on_ March 1 3, 1 984 _ _, at San Jose, California. 

(Date) 

i 

* t 

S.USAil A. Ovolk/uJ _ 

ClerkMo^rd of Directors 
Santa Clara Valley Water District 


H 





.twtpact number coi?3 

WORK ORDER NO. *-'2371 0 
PAYMENT PERtCC ENDING, 

—e^flfRACT.0£ SCR IPTiOM* 

COUTFACT OR. .......... 

ADDRESS. 

BUDGET A CCOUNT NUMB r R, 


CCUNTV CF SANTA CURA PAGE NO. 1 CF 3 

TRANSPORTATION AGENCY 

CONTRACT PROGRESS PAY ESTIMATE PAYMENT NO* 02 —FINAL 

• APR 08 § 1984 CATE OF PAYMENT•...APR 10 , 1984 

CAL ABA ZA S CREEK EROSION CONTROL REASyRESFROM SOtllNOER PC. TO PtG*DOWNSTREAM 

JOHNSON WESTERN GUNITE COMPANY 

139 DOUGLAS AV€» OAKLANCt CA 4 4 G 03 


OCT F23U0 


THIS CONTRACT LIES WITHIN $ UPERVI SCRIAL DI5TRICTCS) 5 

- N WCg .« PWCEPD -DA T£* • • AIM* 29# 1983 FIRST WORK TNG OAY». SEP iRr.W3.EXTENDED RATE.“FOR*.tGIM4«t«N*rwP» 25# 1584 

ORIGINAL TI«E AUTHORIZED.. SO CALENDAR ORIGINAL 8IC AMOUNT.*.... $137,100.Ct 

CURRENT AUTHORIZED TIME. 89 CALENDAR . CURRENT AUTHORIZED AMOUNT..** $134,E17.55 

EL APSED TO.DA TE IS 89 €At£ NBA* .~...—.AMOUNT OF -WORK.ACCOMRLfSPED J S.—.HtWOrRlT*** 

PERCENTAGE Of AUTHORIZED TIME ELAPSED 19 100*0 PERCENT PERCENTAGE Of WORK ACCOMPLISHED IS 100.C 

AMCUfT OF AUTHORIZED WORK ACCOMPLISHED IS $134t817*55 PERCENTAGE OF AUTHORIZED WORK ACCOMPLISHED IS 100.€ 

—...—.*.-. .StMKARY.Of "PAYMENTS.T*.Yftf.CONTRACT CR ...—..*--—---—. 

VALUE O e WORK ACCOMPLISHED TO DATE IS**.**..... $134,817.55 

LESS NORMAL 10 PERCENT RETENTION 
OR RETENSION AS DIRECTED BY ENGINEER*..**..*• . $*013 

LESS ADDITIONAL AUTHORIZED RETENTION*.*.... *. . $.0 0 

..- . LESS ALL PREVIOUS -'PAYMENTS.K.CCNTRACTeR**.*.....•.H23f 35i.OG.—..-..-.-.— 

AMOUNT DUE CONTRACTOR THIS PAYMENT*......... $11,427.55 

APPROVED BY 

—E tN tt T G* Of-.YMANSPONYA-f-fCN DEVELOPMENT .- • .FINANCE OFFICER.&f. TkANSPORTATTON.AGENCY 

DIRECTOR 

.OR-. . 

DIRECTOR OP ADMINISTRATIVE SERVICE-' 


CHIEF, CONSTRUCTION OPTRA TTCN-S 
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.CONTRACT NUMBER CO 1^3 

IIOPK ORDER NC. F 2371 G 

PA YM EM PERIOD ENDING., 


COUNTY OP SANTA CLARA 
TRANSPORTATION AGENCY 
CONTRACT PROGRESS PAY EST IRATE 


APR 08 f 1984 


PACE NO. 

PAYMENT NC. o?—final 

CAT £ OF PAYMENT...* APR 10* 1 S8« 


COAT **C T 0€SC*T**T3N ... . CALABA7AS CREEK €*301 ON CONTROL MEASURE SFRON BOLLINGER *0. TO 2 CO* UOtTN^TR E AP 
COMPACTOR........ UCHfSON WESTERN GUN ITE COMPANY 

"ORIGINAL tS TTRATf $14 8*300.00 Cf IOXRAL BIO AMOUNT $13?1100.00 PRESENT -AUTBORIZEO TCTRt *1341*17*55 


the present boarc crder status is as fcllcws 


N0. B/S 

.ecu. 

..CATE . 

COLLAR VALUE TIME ADiWST RENT 

REVISED ENCUMBRANCE PCY Cf0*7011*1 BIO 

REVISED TIME 

1 

.-.-.~tro •. 

l 

MAR 13* 1984 

S2»2S2.45- 29 CitS 

HsJOR ftjhCTI CN'*t RCAS9N 

$134*617. 55 98.3 

.. - .-. REPRRKS 

89 DAYS 

1 

ceo- 

1 FINAL AND BALANCING CONTRACT CHANGE ORDER 




< 

{ 

< 


< 


















' .W 10* 198 4 

CONTRACT NIC. C0193 — 

CONTRACT ? 

CAL4BAZAS C 3 EEK ERC3ICN 

ROGRESS PAY 
CONTROL ME A; 

ORIGINAL 
BIC AMOUNT 

i MOBILIZATION 


LS 

13*500.OC 

2 CLEARING % 

GRUBBING 

LS 

* y 0 0 0 • 0 0 

3 CONTROL OF 

WATER 

LS 

4 « 800.00 

4 CHANNEL 

EMBANKMENT 

CY 

800.00 

5 SACKED CONC. 

SLOPE PRCTECT 

SY 

760.00 

6 ROCK CHANNtL 

PROTECTICN 

cv 

47.0 0 

7 P.C.C. 

ACCESS RAMP 

LS 

8*800.00 

B CONCRETE 


CY 

40.00 

0 STORM SEWER 


LS 

4*901.00 

A R.C.P. TIE INTO 

E*IST. MANHOLE 

LS 

.00 


I 


IMAT r NO. 2 IFINAL ) 

SFRCK BOLLINGER PC* TIC 200» CCbf STREAM 


PAGE NO 


3 OF 


TOTAL CUANT. TOTAL CLANT• TOTAL QUANT. UNIT VALUE OF J?RN 


ALTFCRIZEO 

TC CATE 

FC=. PAYMENT 

PRICE 

PERFOR 

12*50 0.00 

13*500.0 0 

1 2*508.00 

SI 3*50 0.0 00 0 

$13*5CC.O: 

8 ,00 0.00 

8*000.0 0 

8*006.00 

$9*000.2000 

$8*000.3 r 

4*800.00 

4*800.0 0 

4*808.00 

t4»aao.Gaoo 

O4.aoc.es 

ns.04 

718.04 

718.04 

$29.0000 

$20*823.16 

619.00 

819.00 

619.00 

$83.0000 

*67*977.00 

46.00 

46. CO 

46.00 

$77.0000 

$3*542. OC 

8*800.00 

6*800.00 

tt*8>0JM>O 

*8*400.0800 

$8*800.00 

10.00 

10.00 

18.0 0 

$160.0000 

$1 *6C0.0C 

4*901.00 

4*901.00 

4*9 0 1.0 0 

$4*901.0000 

$4*901.00 

674.39 

674.39 

674.39 

$674.3900 

$674.3= 












